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BILL NO. S-77-07- ^70 


SPECIAL ORDINANCE NO. S- 


/£ 9 - -77 


AN ORDINANCE approving Change Order No. 1 
in connection with Sherman, Elmer 8c 
Mildred Street Repair. 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT 
WAYNE, INDIANA: 

SECTION 1. That Change Order No. 1 to T-G Excavating, 
Inc. in connection with Sherman, Elmer & Mildred Street Repair, 
Purchase Order No. 3-34497, in the amount of $420.00, as set out 
in the specifications, is hereby in all things ratified, confirmed 
and approved. 

SECTION 2. This Ordinance shall be in full force and 
effect from and after its passage and approval by the Mayor. 












Read the first time in full and on motion by_seconded by 

___, and duly adopted , read the second time by title and referred to the 

Committee on _(and'the'Clty~^ for 

recommendati on! a nd-Ru-b-l-i'e-'Hearin'g~to~be-di-eld—a-ft-ei‘—due-l egal notice, at the Counci l Chambers, 

City-County Building, Fort WayneT'Iridiana, on _ , the_ 

of —_____——-———— '"',~T1L—, at— 


day 


o'clock 


M. ,E.S.T. 


DATE: 


■ 7 - ^-77 


CITY CLERK 

Read the third time in full and on motion by _ 
seconded by_ c£></ _, and duly adopted, placed on its passage. 


PASSED (i*©^) by the following vote: 


AYES 

TOTAL VOTES _ 


BURNS 


HINGA 


HUNTER 


MOSES 

NUCKOLS 


SCHMIDT, D. 

— 

SCHMIDT. V. 

<- 

STIER 


TALARICO 

— 

DATE: 



NAYS ABSTAINED ABSENT TO-WIT: 



CITY CLERK 


Passed and adopted by the Common Council of the City of Fort Wayne, Indiana, as 



(SPECIAL) (APPK^PELATIQN) ORDINANCE 
d ay of 


ATTEST: (SEAL) 


SIDING OFFICER 


the Mayor of the City of Fort Wayne, Indiana, on the _ 

, 19^ Z at the hour of /■ ^ 'ciock ^^' M . ,E .S .T . 




CITY CLERK 


Approved and signed by me this 


Ud3 


at the hour of St VfA-F) _o'clock 



MAYOR 



































































































Bill No, 


S-77-07-39 


vie, 


REPORT OF THE-.COMMITTEE ON CITY UTILITIES 

jour CcEnnittes on City Utilities _ • to whom was referred an Ordinance 

approving Change Order No. I in connection with Sherman, Elmer & Mildred 
Street Repair 



SATf^LZ^THARLES W. WESTERMAN, CITY CliRfC ? 

































change- order 


“• y~~ ‘-/s' 


Change Order No- 1 __ 

Project: No.' 10,125 

Name of Project Sherman, Elmer & Mildred 

To: T-G Excavating, Inc. __ 

(Contractor) 


Purchase Order 

Essstotisa No. 
Board Order No-_ 
Date 



1-34497 

147-76 

6/30/77 


Gentleman: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: . 


Item 
No. 

Quantity 

Description of Change j 

I Unit Price 

Change in Contract Price 

Material 

Decrease 

Increase 

10 

175 S.F. 

Concrete 4" Walk Removed & Replaced I 

1 $ 2.40 


$420.00 



! 

f 



















Total 

Total 

Net (Ba«2£2SQS3Sc) (Increase) Contra 

Decrease 

Increase 

ct Price 




$420.00 


! $420.00 


The sum of $ 420.00 _ is hereby (added to) (xJEdsx^^xcfs^ssn) the total contract 

price, and the final contract price shall be adjusted as follows: 


Original Contract Price $ 4,738-60 

Current Contract Price Adjusted by Previous Change Order S_ -- 

New Contract Price Including this Change Order $ 5,ifSTScT 


The time provided for completion in the contract fox' this project is. (unchanged) (Increased) 

(decreased) by 0 _'calendar days due to this Change Order. The date for completion 

of all work shall be the same __- Furthermore, this document shall become an 

amendment to the contract and all provisions of the contract shall apply hereto-. 


Recommended 
Accepted by: 
Approved by: 
Approved by: 

Attested by: 


by: 1 Uj L ^(Chief^^^Engineer). 


//'-?'?■ 7/i 


(Contractor) 


777 a/ESas ity Engineer) 


(Owner) 


QA 

iJLLsla^ 



Date y/VZz Z 

Date y^/7 7 Z 


Date 
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Change Order No. 

Purchase Order SJssodarfeartrs No. 3-34497 

Board Order Mo. 147-76 

REQUEST AND JUSTIFICATION FOR CHANGE 

1. Necessity for change: __._In.QrderJbo_instalJL ^n.e.w manhole 3 th Q re¬ 

placement of additional "walk was required. The storm sewer line laid under the 
walk instead of in the street as indicated hy W.P.C. Engineering's records. 


2. YJill proposed change alter size of the project? Yes 
If yes, explain: ___ 


No 


x 


3. Affect on operation and maintenance cost of this project: __ 

There is no effective change in operation and maintenance cost 


vLL >1^ 


John Nolan 


Engineer 





























(T-G EXCAVATING, INC.) 

TITLE~bF 0RD1I4ANCF SPECIAL ordinance - change order no. i - sherman, elmer & mildred st. 

DFPARTf'H'iT ornijESTIMG ORDINAI’1C* 1 BQftRD 0F PUBLIC 

-d/- ? 7-0 7~c£9 , 

SYNOPSIS OF ORDINANCE change order no. i to t-g excavating, inc. for installing a 

NEW MANHOLE, REMOVAL AND REPLACEMENT OF ADDITIONAL WALK NECESSITATED BY THE WALK REMOV AL 
IN CONJUNCTION WITH INSTALLATION OF A STORM SEWER LINE LAID UNDER THE SIDEWALK. 

(SHERMAN, ELMER & MILDRED ST.) 

(CHANGE ORDER ATTACHED) 


NEW REVISED CONTRACT AMOUNT INCLUDING THIS CHANGE IS $5,158.60 


EFFECT OF PASSAGE ability to construct storm sewer line in area of sherman, elmer & 

MILDRED ST., 

EFFECT OF nON-PASSAGE inability to construct storm sewer line as planned. __ 

(STORM SEWER LINE IS UNDER THE SIDEWALK) 


FOMEY INVOLVED (Direct costs. Expenditures, Savings) $ 420.00 from mvh funds 


ASSIGNED TO COMMITTEE 






























